











BILL NO. S-87-10- — 
AS | 
SPECIAL ORDINANCE NO. S-27 /- [7 

AN ORDINANCE approving Change Order 

No. 1 (Final) for Res. 436-86, 

Burns-Pursley-Hollis Storm Sewer, 

with Bercot, Inc., in connection 

with the Board of Public Works 


and Safety of the City of Fort 
Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 (Final) for Res. 
436-86, Burns-Pursley-Hollis Storm Sewer, with Bercot, Inc., 
in connection with the Board of Public Works and Safety, for: 
this Change Order and Final is 
necessary because the three "ex- 
ploratory digs" that took place 
prior to construction determined 
the exact location of the utili- 
ties and thus, potential conflicts 
were avoided during construction. 
Therefore, this is a DEDUCT "Project 


Close Out" change order and is 
| based on the final field measurements; 


involving a net decrease of Five Thousand Nine Hundred Eighteen 
and No/100 Dollars ($5,918.00), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety and is by reference incor- 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 





approval by the Mayor. 


ee RF ABR: 
Councilmember 


APPROVED AS TO FORM 
AND LEGALITY, 

ne ee 
fo, : 


City Attorney 











hes e 0. Boxberger, 





















Seconccd x Le ne second tim: 
by title E AL peek the Ci: 
Clos eee = SOSCmmsagatic di mas L Jend gets 
Gus lecal nosice, at tha COUuncrL S ding, Fort Wawr 
[Sg2on3,. on , day of 





sM E. 








) 2 
DATE: ro = S i i AEA 7 
SANDRA E. KENNEDY, CITY CLERK 


Read the ge ite in full and on motion by Lolo) % 
seconced by Hahr QZ , and duly adopted/ placeq On LES 











Passege. PASSED = (LESS) oy the tollowing vote: 
acs: NAYS ABSTAINED ABSENT TO-WIT: 
TOTAL VOTES F 
PEES a 
BRADBURY ack 
es eae iS pain tee Se ee Me 
BURNS sik 
EZSBART i 
Soo es Pen tie Bees ee ee res ee wh aes ot ES SC 
GiaQUINTA nde 
ae Pik ae Oe ane See TE et ig 
HENRY os. eis 
SUE PEEL EEEN A a an ee CN 
REDD ee 
eke PO ne 
SCEMID? o 
ere tbt alitia > wire AREER 
STT=> i i : 
pater pee aim See ae spate ae 
SLARTCO ¿> d 
: pei nee Se 
DATE: eae DT 





Passed and ađopted by the Common Council of the City of Port 
Wayne, Indiana, as (AN 
(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) No. 


à ' A 3 > 3] 
on the A 7 Se day of Ce Tens Ab eA 
ae TT BLS SERTA 












: ATTEST: (SRAL 
SANDRA E. KENNEDY, CITY CLERK ¢ R ; 

Presented by me to the Mayor of the city‘of Fort Wayne, Indiana, 
on the AP eko day of 4 ECK A19 r 


at the hour of LLCS oO clock ae M.5E.S.7. 


ae 


NEDY, CITY CLERK 



















SANDRA E. eae 





Approved and signed by me this A$ 70" day of Be CSF pf tas 


E 


ae. 
fn A at the hour of are ats (Eee. 


7I9-HE-FC 
as 9/23/37 


£ CHANGE ORDER 


~ 


. Change Order No. 1 (FINAL) 


Resolution No, 436-1986 
Project No. 


Board Order No. 101-86 





Name of Project: BURNS-PURSLEY-HOLLIS STORM SEWERS Date: 14 September 1987 
Le) NER Ole aaa pleted hc sled ites ea aS eet os 
Toe BERCOT, INC. 
(Contractor) 
Gentlemen: : 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 








teem} ___ Description of Change Bee Change in Contract Price 
No. | Quantthy o = Deniro oo 2 fait Prise | Dorraace Increase 











| 
| 






Total Decrease 


Total Increase 


Net (Decrease) KKXXKKXSE) Contract Price 


5,242.00 





5,918.00 


The sum of $__5,918.00 is hereby ¢adkkeckxmak(deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price 


L543 
Current Contract Price Adjusted by Previous Change Order secure eT TET 
New Contract Price including this Change Order ey a EAT 


557,236.00 


The time provided for completion in the contract for this project is (unchanged) ( #KXKKXSEX) 
(GEOTEK by -0-__ calendar days due to this Change Order. The date for completion 
of all work shall be N/A . Furthermore, this document shall become an 
amendment to the contract and al provisions of the contract shall apply hereto. 


- Ae ENSA 
es OLE Z Chief Engineer Date 


Recommended bye% 
/ Ji 
Accepted by : LBD be. . tat J 7: Contractor Date 
| : 


j A Oj if 
Approved by: M j 45 City Engineer Date 


Approved by: CU LAU- Owner Date 
A 3 








eae T ® a if 


Attested by: 


M 
B 


O 
. 


1 


ATTACHMENT TO CHANGE ORDER 


= 





ae 
i a ea eee ee 
11g Lr] veo KOP 25.00 2,750.00 


48E SALF T21 RCP 16.00 
6' Dia. Concrete Collar 250.00 2,000.00 
alanad A A a 
beciai Backfill =E 
Asphalt for Streets 38.00 4,180.00 
E a EE EEE 
qa ooo 
Field Tile Replacement 10. 00 


1,000.00 


Total Decrease T1130 00 
Total Increase 


Net (Decrease) Chrorewsk Contract Price 5,918.00 


Increa 


776.00 


576.00 
85.00 


297.00 


896.00 


546.00 


13763300 


271.00 


5,212.00 


Change Order No.l (FINAL) 
Resolution No. 436-1986 
Board Order No.101-1986 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:__The three "exploratory digs" that took place prior to 


construction determined the exact location of the utilities and thus, potential 





conflicts were avoided during construction. Therefore, this is a DEDUCT "Project 





Close Out" change order and it is based on the final field measurements. 




















Will proposed change alter size of the project? Yes No SX 


If yes, explain 








Affect on operation and maintenance cost of this project: 


None 








Tom Gountras 


Admn. Anpr. ; 


TITLE OF ORDINANCE Change Order #1 (Final) Res. 436-86, Burns-Pursley-Hollis 


“DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 

SYNOPSIS OF ORDINANCE Change Order #1 (Final) for Res. 436-86, Burns-Pursley 
Wo] bie Biotin conor earthen E a o a 
digs" that took place prior to construction determined the exact 
location of the utilities and thus, potential conflicts were 


avoided during construction. Therefore, this is a DEDUCT "Project 


Close Out" change order and is based on the final field measuremen 


Se ee 
Bercot; inc..1sthe «contractor. 3 
A RAE?. 


See a E E Sem ee Ee A E AE 
Wega rach a E E E E EN Gea RS a e AE A a E E EE E RS A E E E 
n a E A EE E E E RLE a st E Es 
E tyr a a EEE O O ee e E a 








EFFECT OF PASSAGE To facilitate completion of project. 


E E E e S Oat e a Ray a ale AL I 
E E Ma ne nn e a r era Se E A 
EFFECT OF NON-PASSAGE 

AEON a R ee a i 
E er i E a 
A pia Os Ma eA CRM a GONG S Gunga sess Sa es See eee 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease $5,918.00 
se ee gs ae SS Loe eo cet eget: 
ASSIGNED TO COMMITTEE 

E E i ae E A a ah 
ee Te ge ee Oe a ie nee, ee ee 











BILL NO. Sov L0=25 


CITY UTILITIES 


REPORT OF THE COMMITTEE ON 

e a EE oe ints ae ie a 

WE, YOUR COMMITTEE oN CITY UTILITIES TO WHOM was 
A te, a Sn MEE EE 


REFERRED AN (ORDINANCE) ( RESOLUTION ) . approving Change Order 


436-86, ere Pursley-Hollis Storm 






Final) for Res. 





Sewer, with Bercot, Inc: in CONNEC ELDR with the Board of Public 


Works and Safety of the City of Fort Wayne, Indiana : $ i 





4 = 


HAVE HAD SAID (ORDINANCE)... (RESORUEEON) UNDER CONSIDERATION: AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
+ (RESOHEKESNK 


YES NO 





CHARLES B. REDD 
CHAIRMAN a a a S 
| PAUL M. BURNS 
VICE CHAIRMAN a ara nee a 

THOMAS C. HENRY 

re E 
BEN A. EISBART 

a Le ee 
ee EEE 


SANDRA E. KENNEDY 
CITY CLERK 


